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Appreved-For Rélease-200 5: CIA-RDP29RN0980R000300040025-1 
vj "| ENGINEERING sTuDy = [[] 


[tperneca saad CHANGE PROPOSAL 


Bat 12-2-59 AFFECTS : wseo_ [x] Project fx] 
NAME OF MAJOR COMPONENT PART OR LOWEST SUBASSEMBLY 
Electrical Harness 
Ship's Wiring ngine Comp 


TITLE OF PROPOSAL : ; : 
Replacement Wiring - Engine Compartment 


NATURE OF PROPOSAL: a fi Bg 
1. Replace all wires within the engine compartment (aft of FS 365) with 

MIL-C-25038 type wires, except for the fire detection and D.C. generator .. 

wires which are satisfactory and will remain unchanged.. 


2 
o 


' 2. Prepare and issue Service Bulletin 428, 


3. Fabricate kits for 5.B. 428 for ell Articles. 


4, Kite to be installed on IRAN at contractor's facility. . 
oy all affected wiring in the engine compartment. 


/# HOMES Revised to inclute 
"REASON FOR PROPOSAL: 5 oe ies . _ 7 
1.. This is item C, para. 9 of the list of improvement items included in 
"FOG IRAN Program™ dated Aug. 1959. 


2. Past history indicates that engine heat is causing deterioration of some 
wire insulation in the engine compartment. 


NOTE: This ECP would standardize ali ships with respect to Hi Temp. wire. 
Some ships had the intent of this ECP performed at Laughlin AFB and 
other ships have had the intent of this ECP performed by 8.B. 403 
= (See ECP LAC-33). 


ESTIMATED COST AND TIME: INVOLVED : 
ADDITIONAL FUNDING REQUIRED: -. 


ESTIMATED COST FOR KITS OR PARTS : [ns required) 


ADDITIONAL FUNDING REQUIRED : None (SP-1917) 


(MISSION OPERATING WEIGHT OR TOOLS & MAINTE- SERVICE FLIGHT MAINTE. 
¢ EFFEC. PROCEDURE WEIGHT & SUPPORT NANCE LIFE MANUAL NANCE 
j TIVENESS BALANCE EQUIPMENT] PROCEDURE ' MANUAL 


SOURGE OF PARTS FOR KiT 3 
/ 


DISPOSITION OF SPARES AFFECTED 
: None 


APPROVED : WSPO 


PART NO. & MODEL OR TYPE 


